UNIT CONSTRUCTION  COSTS                                  1637
Account 9014.05—Steam Piping—Covering and Erection.
Part of this work was contract by the people who furnished the material and part was force account. Therefore the material figure given covers a large portion of labor. The total unit cost is the only valuable unit. The steam lines and all fittings were all covered with 85 per cent, magnesia blocks of double standard thickness, wrapped with 6-oz. duck. All of the line was then painted two coats—cream color.
Account 9015—Exhaust Pipe—Cost and Erection.
This covers the cost of the material as listed below and the labor incident to installing it. Some of the piping is cast iron, designed for a vacuum of 14 Ib. per square inch. The rest of the piping is lap-welded wrought steel with cast-iron fittings. The installation covers the three 20-in. atmospheric exhausts from the turbines, as well as the exhaust from the blowers, compressors, exciters, engines, and circulating pump engines, to the jet condenser. It covers likewise the connections between the exhaust of the dry vacuum pumps, exciters, engines, surface condenser circulating pumps and the heater house. The pipe ranged in size from 3 in. to 42 in.
Three 42 by 13 Wainwright turbine expansion joints___     1656.70
Three 20-in. atmospheric relief valves..................       804.50
Three 42-in. low-pressure flanged base elbows...........     1,428.61
Three special 8-in. emergency stop valves..............       234.36
One 14-in. automatic atmospheric exhaust relief valve...       123.27
Pipe and fittings....................................     4,585.74
Miscellaneous.......................................       882.48
$8,715.66
Account 9016.01—Exhaust Pipe—Painting.
All exhaust pipe was given one coat of green silica graphite paint.
Account 9016.05—Exhaust Pipe—Covering and Erection.
The exhaust pipe from the engines in the power house to the heater house were all covered with 85 per cent, magnesia single standard thickness, wrapped in 6-oz. duck. Where the magnesia is exposed to the weather, it is wrapped with No. 28 galvanized iron. This account covers the labor and material incident to the above work. (See Fig. 62.)
Account 9016.10—Air Piping—Cost and Erection. This is not a valuable cost.
Account 9016.11—Air Pipe—Painting.
This covers the painting of 9015.01.    It is of no value.
Account 9016.2—Exhaust Pipe—Foundation. This covers a number of small concrete piers. 10.        522
